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memorandum for the record 


DPD -4786-59 
13 July 1959 


SUBJECTS Concurrence in Amendment No, 7 to Contr act Ho- 
Eastman , Kodak Company, Rochester, H.T., 


_IH£-143 with 
Project 


25X1 A 


i 


1* This memorandum contains a recommendation submitted for 
concurrence of the undersigned. Such recommendation is contained 
in Paragraph 4* 

2. Contract Mo* INC— 143 and Amendments Nos* 1 through 6 thereto 

provide for the design, fabricati on* teat and delivery of ra ven (7) 
Time Shared Camara processors for [under 

Project | | This Amendment Hd."7 extends the completion date 

of the oontract from 30 June 1959 to 31 August 1959, 

3. Mo additional funds are obligated under Contract Bo* IMC-143 
by Amendment Mo* 7* 

4* Concurrence in Amendment Mo* 7 to Contract Mo, INC-143 
is recommended. 
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